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CONFIDENTIAL STATE 213817 

E.O. 11652: XGDS-2 
TAGS: ACOM 

SUBJ: SHIELDED ENCLOSURE AIR CONDITIONING SYSTEM - LIMA 
FOR RTC 

1. DEPARTMENT SCHEDULED REPLACE EXISTING SHIELDED ENCLOSURE 
AIR CONDITIONING SYSTEM WITH NEW CHILLED WATER AND FAN 
COIL SYSTEM. 

2. SEABEE UT SCHEDULED ARRIVE LIMA FROM RIO DE JANEIRO 
PROJECT ON/ABOUT DECEMBER 7 TO INSTALL CHILLER AND TWO 
FAN COIL UNITS. ESTIMATE TOTAL PROJECT TAKE SEVEN TO 
TEN WORK DAYS. 

3. SEABEE CE NOT AVAILABLE FROM DEPARTMENT, REQUEST RTC 
FURNISH CE FOR ELECTRICAL PART OF PROJECT. ELECTRICAL 
CONSISTS RUNNING TWO POWER RUNS FROM COMM CENTER 

TO CHILLERS AND WIRING FAN COIL UNITS INSIDE SHIELDED 
ENCLOSURE. 

4. PRESENT AIR CONDITIONING SYSTEM IN BAD CONDITION. IF 
RTC CANNOT FURNISH CE LIMA, PROJECT WILL HAVE TO BE 
POSTPONED. ADVISE. KISSINGER 
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